PRO_FILENO = 604428,DESCPT = CONST. OF THE SILVERLINE GATEWY BUSWY,BRT STAS&BRG REPLACEMENT(STEEL)BR.#C-09-001 WASHINGTON AVE. OVER THE MBTA RAILROAD,Location = CHELSEA,DB_CONTRACT = 49987
OFF_QUANT,UNITS,DESCPT1,ITEM_NO
"1.000","LS","SCHEDULE OF OPERATIONS - FIXED PRICE $200000.00","100."
"1.000","LS","PRE & POST CONST SURVEY, INSTRUMENTATION AND MONITORING(S-1)","100.91"
"1.000","LS","PRE & POST CONST SURVEY, INSTRUMENTATION AND MONITORING(S-2)","100.92"
"1.000","LS","PRE & POST CONST SURVEY, INSTRUMENTATION AND MONITORING(S-3)","100.93"
"1.000","LS","MBTA TRACK DEFORMATION MONITORING","100.99"
"7.000","A","CLEARING AND GRUBBING","101."
"50.000","HR","CONTROL OF INVASIVE PLANTS EXISTING ON SITE","102.3"
"50.000","EA","INDIVIDUAL TREE PROTECTION","102.51"
"1.000","LS","DEMOLITION OF SUPERSTRUCTURE OF BRIDGE NO. C-09-001","114.1"
"40.000","CY","STONE MASONRY SUBSTRUCTURE DEMOLITION","115.6"
"20200.000","CY","EARTH EXCAVATION","120."
"800.000","CY","REINFORCED CONCRETE EXCAVATION","127.1"
"500.000","CY","OLD PAVEMENT EXCAVATION","129.3"
"900.000","CY","BRIDGE EXCAVATION","140."
"250.000","CY","TEST PIT FOR EXPLORATION","141.1"
"1400.000","CY","CLASS B TRENCH EXCAVATION","142."
"150.000","CY","CLASS B ROCK EXCAVATION","144."
"7800.000","CY","SPECIAL BORROW","150.1"
"9600.000","CY","GRAVEL BORROW","151."
"200.000","CY","GRAVEL BORROW FOR BRIDGE FOUNDATION","151.1"
"2000.000","CY","GRAVEL BORROW FOR BACKFILLING STRUCTURES AND PIPES","151.2"
"150.000","CY","CONTROLLED DENSITY FILL - EXCAVATABLE","153."
"650.000","CY","LIGHTWEIGHT AGGREGATE FILL","153.2"
"500.000","TON","CRUSHED STONE","156."
"37000.000","SY","FINE GRADING AND COMPACTING","170."
"1.000","LS","HEALTH AND SAFETY PLAN","180.1"
"2000.000","HR","IMPLEMENTATION OF HEALTH AND SAFETY PLAN","180.2"
"600.000","HR","PERSONNEL PROTECTION LEVEL C UPGRADE","180.3"
"16000.000","CY","MONITORING/HANDLING AND STOCKPILING OF CONTAMINATED SOILS","180.4"
"600.000","HR","LICENSED SITE PROFESSIONAL","180.5"
"20.000","EA","MISCELLANEOUS SOILS TESTING","180.6"
"8000.000","TON","DISPOSAL OF UNREGULATED SOIL","181.11"
"10500.000","TON","DISPOSAL OF REGULATED SOIL - IN-STATE FACILITY","181.12"
"8000.000","TON","DISPOSAL OF REGULATED SOIL - OUT-OF-STATE FACILITY","181.13"
"800.000","TON","DISPOSAL OF HAZARDOUS WASTE","181.14"
"140.000","TON","DISPOSAL OF TREATED WOOD PRODUCTS","184.1"
"50.000","EA","CATCH BASIN","201."
"30.000","EA","MANHOLE","202."
"3.000","EA","SPECIAL MANHOLE","203."
"14.000","EA","LEACHING BASIN","205."
"20.000","EA","DRAINAGE STRUCTURE ADJUSTED","220."
"1.000","EA","DRAINAGE STRUCTURE CHANGE IN TYPE","220.3"
"10.000","EA","SANITARY STRUCTURE ADJUSTED","220.7"
"2.000","EA","SANITARY STRUCTURE REMODELED","220.8"
"40.000","EA","FRAME AND COVER","221."
"55.000","EA","FRAME AND GRATE - MASSDOT CASCADE TYPE","222.1"
"8.000","EA","FRAME AND GRATE (OR COVER) REMOVED AND RESET","223."
"1.000","EA","FRAME AND GRATE (OR COVER) REMOVED AND DISCARDED","223.2"
"30.000","CY","REMOVAL OF DRAINAGE STRUCTURE SEDIMENT","227.3"
"200.000","FT","REMOVAL OF DRAINAGE PIPE SEDIMENT","227.31"
"10.000","SF","MASONRY PLUG","227.4"
"150.000","FT","12 INCH DUCTILE IRON PIPE","238.12"
"3400.000","FT","12 INCH REINFORCED CONCRETE PIPE","241.12"
"500.000","FT","15 INCH REINFORCED CONCRETE PIPE","241.15"
"600.000","FT","18 INCH REINFORCED CONCRETE PIPE","241.18"
"1.000","EA","12 INCH REINFORCED CONCRETE PIPE FLARED END","242.12"
"1.000","EA","18 INCH REINFORCED CONCRETE PIPE FLARED END","242.18"
"50.000","SY","STONE FOR PIPE ENDS","258."
"60.000","FT","8 INCH DUCTILE IRON WATER PIPE (MECHANICAL JOINT)","303.08"
"200.000","FT","12 INCH DUCTILE IRON WATER PIPE (MECHANICAL JOINT)","303.12"
"2400.000","LB","DUCTILE IRON FITTINGS FOR WATER PIPE","309."
"75.000","FT","24 INCH STEEL PIPE CASING FOR WATER PIPE","325.24"
"30.000","FT","6 INCH TEMPORARY SERVICE PIPE","345.6"
"1.000","EA","12 INCH GATE AND GATE BOX","350.12"
"1.000","EA","10 INCH GATE AND GATE BOX REMOVED & STACKED","355.10"
"2.000","EA","6 INCH GATE BOX","357.06"
"2.000","EA","10 INCH GATE BOX","357.10"
"40.000","EA","GATE BOX ADJUSTED","358."
"3.000","EA","1 INCH CORPORATION COCK","363.1"
"2.000","EA","12 INCH CAST IRON PLUG","367.12"
"2.000","EA","8 INCH COUPLING","371.08"
"1.000","EA","10 INCH COUPLING","371.10"
"1.000","EA","12 INCH COUPLING","371.12"
"110.000","FT","12 INCH WATER PIPE INSULATION","373.12"
"2.000","EA","HYDRANT - ADJUSTED","376.5"
"3.000","EA","1 INCH AIR RELEASE VALVE","379.1"
"2.000","EA","SERVICE BOX","381."
"10.000","EA","SERVICE BOX ADJUSTED","381.3"
"2900.000","CY","DENSE GRADED CRUSHED STONE FOR SUB-BASE","402."
"16200.000","SY","PAVEMENT MICROMILLING","415."
"127198.000","LB","CALCIUM CHLORIDE FOR ROADWAY DUST CONTROL","440."
"300.000","MGL","WATER FOR ROADWAY DUST CONTROL","443."
"14960.000","TON","CONTRACTOR QUALITY CONTROL","450.90"
"250.000","TON","HMA FOR PATCHING","451."
"5250.000","GAL","ASPHALT EMULSION FOR TACK COAT","452."
"18000.000","FT","HMA JOINT SEALANT","453."
"6700.000","TON","LATEX MODIFICATION OF HMA","454.5"
"3700.000","TON","SUPERPAVE SURFACE COURSE – 9.5 (SSC – 9.5)","455.22"
"6000.000","TON","SUPERPAVE INTERMEDIATE COURSE - 19.0 (SIC - 19.0)","455.32"
"5350.000","TON","SUPERPAVE BASE COURSE - 37.5 (SBC - 37.5)","455.42"
"30.000","TON","SUPERPAVE BRIDGE SURFACE COURSE - 9.5 (SSC-B - 9.5)","455.60"
"30.000","TON","SUPERPAVE BRIDGE PROTECTIVE COURSE – 12.5 (SPC-B - 12.5)","455.71"
"15100.000","TON","WARM-MIX ASPHALT PAVEMENT","456."
"200.000","TON","HOT MIX ASPHALT FOR MISCELLANEOUS WORK","472."
"6000.000","SF","IMPRINT CROSSWALKS","472.01"
"4350.000","SY","CEMENT CONCRETE PAVEMENT","476."
"2200.000","FT","SAWING ASPHALT PAVEMENT","482.3"
"460.000","SY","SCORED CEMENT CONCRETE PAVEMENT","486.1"
"1.000","LS","RAILROAD GRADE CROSSING RECONSTRUCTION","490.01"
"800.000","FT","GRANITE CURB TYPE VA4 - STRAIGHT","504."
"230.000","FT","GRANITE CURB TYPE VA4 - CURVED","504.1"
"6800.000","FT","GRANITE CURB TYPE VB - STRAIGHT","506."
"1260.000","FT","GRANITE CURB TYPE VB - CURVED","506.1"
"370.000","FT","GRANITE TRANSITION CURB FOR WHEELCHAIR RAMPS - STRAIGHT","509."
"100.000","FT","GRANITE TRANSITION CURB FOR WHEELCHAIR RAMPS - CURVED","509.1"
"12.000","EA","GRANITE CURB CORNER TYPE A","516."
"1300.000","FT","CONCRETE CURB TYPE VA","520."
"1400.000","FT","CURB REMOVED AND RESET","580."
"1200.000","FT","CURB REMOVED AND DISCARDED","594."
"1010.000","FT","STEEL W BEAM HIGHWAY GUARD (SINGLE FACED)","620.1"
"30.000","FT","STEEL THRIE BEAM HIGHWAY GUARD (SINGLE FACED)","623.1"
"8.000","EA","STEEL W BEAM TERMINAL SECTION (SINGLE FACED)","627.1"
"1.000","EA","STEEL THRIE BEAM TERMINAL SECTION (SINGLE FACED)","627.3"
"1.000","EA","BRIDGE RAIL TO HIGHWAY GUARD RAIL TRANSITION","628.2"
"1000.000","FT","PRECAST CONCRETE BARRIER - SINGLE FACED","629.1"
"3500.000","FT","PRECAST CONCRETE MEDIAN BARRIER - DOUBLE FACED","629.2"
"6000.000","FT","48 INCH CHAIN LINK FENCE (STW) VINYL COATED (LINE POST OPT.)","644.148"
"3000.000","FT","72 INCH CHAIN LINK FENCE (STW) VINYL COATED (LINE POST OPT.)","644.172"
"1200.000","FT","96 INCH CHAIN LINK FENCE (STW) VINYL COATED (LINE POST OPT.)","644.196"
"100.000","EA","48 INCH CHAIN LINK FENCE END POST","652.048"
"60.000","EA","72 INCH CHAIN LINK FENCE END POST","652.072"
"20.000","EA","96 INCH CHAIN LINK FENCE END POST","652.096"
"1700.000","FT","TEMPORARY FENCE","657."
"200.000","FT","TEMPORARY PEDESTRIAN MGMNT. GUIDANCE SYSTEM","657.1"
"100.000","FT","TEMPORARY PEDESTRIAN MGMNT.  GUIDANCE SYSTEM REMOVED & RESET","657.11"
"700.000","FT","TEMPORARY FENCE REMOVED &RE-SET","657.5"
"50.000","FT","METAL PIPE RAIL REMOVED AND DISCARDED","660.1"
"400.000","FT","CHAIN LINK FENCE REMOVED AND STACKED","665."
"1200.000","FT","CHAIN LINK FENCE REMOVED AND RESET","666."
"4100.000","FT","CHAIN LINK FENCE REMOVED AND DISCARDED","669.1"
"10.000","CY","STONE MASONRY WALL REMOVED AND REBUILT IN CEMENT MORTAR","690."
"5000.000","FT","SEDIMENTATION FENCE","697."
"80.000","EA","SILT SACK","697.1"
"2600.000","SY","CEMENT CONCRETE SIDEWALK","701."
"400.000","SY","CEMENT CONCRETE SIDEWALK AT DRIVEWAYS","701.1"
"600.000","SY","CEMENT CONCRETE WHEELCHAIR RAMP","701.2"
"10.000","TON","HOT MIX ASPHALT DRIVEWAY","703."
"24.000","MO","ENGINEERS FIELD OFFICE AND EQUIPMENT (TYPE A)","740."
"1.000","LS","BUS RAPID TRANSIT STATIONS","745.01"
"1.000","LS","MBTA INSPECTOR'S BOOTH","745.02"
"1.000","LS","MBTA TEMPORARY COMFORT STATION","746.01"
"1.000","LS","DCAM ACCESS CONTROL GATE","746.02"
"1.000","LS","MOBILIZATION","748."
"1700.000","CY","LOAM BORROW","751."
"1.000","LS","NPDES STORMWATER POLLUTION PREVENTION PLAN","756."
"1.000","LS","STORM WATER DETENTION AREA","756.1"
"1.000","LS","STORM WATER INFILTRATION SYSTEM","756.3"
"14000.000","SY","TEMPORARY AND PERMANENT SEEDING","765.11"
"100.000","LB","SEED FOR EROSION CONTROL","765.2"
"2200.000","FT","COMPOST FILTER TUBES","767.12"
"700.000","EA","BALES OF HAY FOR EROSION CONTROL","767.8"
"30.000","FT","PAVEMENT MILLING MULCH UNDER GUARD RAIL","769."
"15.000","EA","CEDAR-RED 'EMERALD SENTINEL'  7-8 FT.","772.339"
"3.000","EA","PINE- WHITE 'FASTIGIATE' 8-10 FT.","773.412"
"7.000","EA","LOCUST-HONEY-'HALKA' 2-2.5 INCH CALIPER","775.450"
"3.000","EA","MAPLE - RED - 'OCTOBER GLORY' 2-2.5 INCH CALIPER","776.543"
"3.000","EA","PLANETREE - LONDON 2-2.5 INCH CALIPER","777.542"
"3.000","EA","BIRCH - RIVER 'HERITAGE' 8-10 FOOT CLUMP","778.161"
"6.000","EA","CHERRY - SARGENT COLUMNAR 2.5-3 INCH CALIPER","778.387"
"45.000","EA","INKBERRY 18-24 INCH","785.631"
"100.000","EA","CREEPING JUNIPER-'BLUE CHIP- 18-24 INCH","786.114"
"133.000","EA","BAYBERRY SHRUB - NORTHERN 2-3 FEET","789.333"
"93.000","EA","CORNUS SERICEA 'KELSYII'  18-24 INCH","790.635"
"85.000","EA","ELDERBERRY 2-3 FEET","791.033"
"52.000","EA","NINEBARK SHRUB -'SUMMER WINE'  2-3 FEET","793.043"
"93.000","EA","SUMAC SHRUB - FRAGRANT 15-18 INCH","794.321"
"64.000","EA","SUMMERSWEET SHRUB 18-24 INCH","794.731"
"620.000","EA","SWEETFERN 1 GALLON","794.803"
"60.000","EA","VIBURNUM - WITHEROD 18-24 INCH","795.079"
"11.000","EA","VIBURNUM - WITHEROD 24-30 INCH","795.081"
"280.000","EA","NEPETA 'WALKERS LOW'  1 GAL.","796.100"
"536.000","EA","SWITCH GRASS 2 GALLON","796.455"
"380.000","EA","BLACK EYED SUSAN 2 QUART","796.715"
"450.000","EA","CARDINAL FLOWER 2 QUART","796.725"
"31.000","EA","DAYLILY - 'RED HOT RETURNS'","796.768"
"700.000","EA","NEW ENGLAND ASTER 1 GALLON","796.803"
"420.000","EA","PURPLE CONEFLOWER 2 QUART","796.817"
"604.000","EA","BUTTERLY MILKWEED   2 QUART","796.900"
"320.000","EA","GOLDENROD 1 GALLON","796.950"
"300.000","FT","4 INCH ELECTRICAL CONDUIT - TYPE NM (DOUBLE)","801.42"
"70.000","FT","4 INCH ELECTRICAL CONDUIT - TYPE NM (4 BANK)","801.44"
"80.000","FT","4 INCH ELECTRICAL CONDUIT - TYPE NM (8 BANK)","801.48"
"100.000","FT","5 INCH ELECTRICAL CONDUIT - TYPE NM (DOUBLE)","801.52"
"120.000","FT","5 INCH ELECTRICAL CONDUIT - TYPE NM (6 BANK)","801.56"
"70.000","FT","5 INCH ELECTRICAL CONDUIT - TYPE NM (8 BANK)","801.58"
"10000.000","FT","3 INCH ELECTRICAL CONDUIT TYPE NM - PLASTIC -(UL)","804.3"
"1000.000","FT","4 INCH ELECTRICAL CONDUIT TYPE NM - PLASTIC -(UL)","804.4"
"160.000","FT","4 INCH ELECTRICAL CONDUIT TYPE RM - GALVANIZED STEEL","806.4"
"10.000","FT","4 INCH ELECTRICAL CONDUIT TYPR RM - SPLIT GALVANIZED STEEL","806.41"
"6500.000","FT","CONDUIT ENCASED IN CONCRETE","810.1"
"3000.000","FT","EXISTING CONDUIT ENCASED IN CONCRETE","810.11"
"90.000","EA","ELECTRIC HANDHOLE - SD2.022","811.22"
"37.000","EA","PULL BOX  12 X 12 INCHES - SD2.031","811.31"
"1.000","LS","TRAFFIC CONTROL SIGNAL LOCATION NO. 1","815.1"
"1.000","LS","TRAFFIC CONTROL SIGNAL LOCATION NO. 2","815.2"
"1.000","LS","TRAFFIC CONTROL SIGNAL LOCATION NO. 3","815.3"
"1.000","LS","TRAFFIC CONTROL SIGNAL LOCATION NO. 4","815.4"
"1.000","LS","SIGNAL TIMING ADJUSTMENT FOR BROADWAY/CARY AVENUE","815.6"
"1.000","LS","EMERGENCY PRE-EMPTION INSTALLATION@BROADWAY/CARY AVE INT. ","815.7"
"1.000","LS","INSTALL TEMP FULL VEHICLE SIGNAL CONTROL@WASHINGTON/CARY ","815.8"
"1.000","LS","HIGHWAY LIGHTING - ROADWAY","820.10"
"6.000","EA","HIGHWAY LIGHTING POLE AND LUMINAIRE REMOVED AND RESET","823.70"
"850.000","SF","WARNING-REGULATORY AND ROUTE MARKER - ALUM. PANEL (TYPE A)","832."
"40.000","EA","DEMOUNTABLE REFLECTORIZED DELINEATOR - GUARD RAIL","833.5"
"8.000","EA","DELINEATION FOR GUARD RAIL TERMINI","833.7"
"150.000","EA","SIGN SUP (N/GUIDE)+RTE MKR W/1 BRKWAY POST ASSEMBLY - STEEL","847.1"
"1.000","LS","CONSTRUCTION NOISE CONTROL","850."
"2400.000","HR","ROADWAY FLAGGER","850.41"
"200.000","DAY","TRAFFIC CONES FOR TRAFFIC MANAGEMENT","851.1"
"1500.000","SF","SAFETY SIGNING FOR TRAFFIC MANAGEMENT","852."
"300.000","FT","TEMPORARY BARRIER","853.2"
"200.000","FT","TEMPORARY BARRIER REMOVED AND RESET","853.21"
"2.000","EA","TEMP.IMP.ATTENUATOR FOR SHLDR, CAPABLE OF REDIRECTION","853.42"
"5000.000","FT","TEMPORARY PAVING MARKINGS - 4 IN. (PAINTED)","854.014"
"1800.000","SF","PAVEMENT MARKING REMOVAL","854.1"
"3000.000","DAY","PORTABLE CHANGEABLE MESSAGE SIGN","856.12"
"30000.000","DAY","REFLECTORIZED DRUM","859."
"1700.000","FT","4 INCH REFLECTORIZED WHITE LINE (PAINTED)","860.04"
"2100.000","FT","4 INCH REFLECTORIZED YELLOW LINE (PAINTED)","861.04"
"250.000","SF","PAVEMENT ARROWS AND LEGENDS REFL. WHITE (THERMOPLASTIC)","864.04"
"200.000","SF","CROSS WALKS AND STOP LINES REFLECTORIZED WHITE (PAINTED)","865."
"2900.000","SF","CROSS WALKS AND STOP LINES REFL. WHITE (THERMOPLASTIC)","865.1"
"700.000","FT","4 INCH REFLECTORIZED WHITE LINE (THERMOPLASTIC)","866.04"
"12600.000","FT","6 INCH REFLECTORIZED WHITE LINE (THERMOPLASTIC)","866.06"
"800.000","FT","4 INCH REFLECTORIZED YELLOW LINE (THERMOPLASTIC)","867.04"
"7800.000","FT","6 INCH REFLECTORIZED YELLOW LINE (THERMOPLASTIC)","867.06"
"40.000","EA","STREET NAME SIGN","874."
"12.000","EA","STREET SIGN REMOVED AND RESET","874.1"
"30.000","EA","TRAFFIC SIGN REMOVED AND RESET","874.2"
"20.000","EA","TRAFFIC SIGNS REMOVED AND DISCARDED","874.41"
"200.000","SF","TEMPORARY MASKING OF SIGNS","874.6"
"3.000","EA","MBTA BUS ROUTE 111 TEMPORARY BUS STOP SIGNS","874.8"
"500.000","CY","4000 PSI, 1.5 IN., 565 CEMENT CONCRETE","901."
"60.000","CY","3000 PSI, 1.5 IN., 470 CEMENT CONCRETE","903."
"2000.000","SF","MASONRY CLEANING","918.100"
"450.000","FT","MASONRY REPOINTING","918.300"
"1.000","LS","TEMPORARY EARTH SUPPORT SYSTEM","950.5"
"76000.000","LB","BRACED STEEL SHEETING","953.3"
"1.000","LS","SEQUENTIAL PIT UNDERPINNING ","953.5"
"800.000","FT","ORNAMENTAL FENCING TYPE I","975.61"
"100.000","FT","ORNAMENTAL FENCING TYPE II","975.62"
"1650.000","TON","RIPRAP","983.1"
"200.000","TON","MODIFIED ROCKFILL","986."
"1.000","LS","CONTROL OF WATER - STRUCTURE NO. C-09-001","991.1"
"1.000","LS","TEMPORARY PROTECTIVE SHIELDING  BRIDGE NO. C-09-001","994.01"
"1.000","LS","BRIDGE STRUCTURE, BRIDGE NO. C-09-001","995.01"
"1.000","LS","WALL STRUCTURE, WALL NO. 1","996.01"
"1.000","LS","WALL STRUCTURE, WALL NO. 2","996.02"
"1.000","LS","WALL STRUCTURE, WALL NO. 3","996.03"
"1.000","LS","WALL STRUCTURE, WALL NO. 4","996.04"
